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BILL NO. S-73-10-t^ 


SPECIAL ORDINANCE NO. S- 



AN ORDINANCE approving an agreement with 
L. W. DAILEY, INC. for paving of 
Dalewood Drive . 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. The Agreement approved September 27, 1973, 
between the City of Fort Wayne, by and through its Mayor and the 
Board of Public Works, and L. W. DAILEY, INC. for paving of 
Dalewood Drive as follows: 


Dalewood Drive from the east property line of 
Chancellor Drive to the west property line 
of Elwood Drive, to a width of 27 feet, in- 
cluding curbs, sidewalks and street lighting 


for a total cost of $65,913.20, of which the City will pay 
approximately $29,000.00, the balance to be paid by property 
owners under the Barrett Law, all as more particularly set 
forth in said Agreement, which is on file in the Office of the 
Board of Public Works, and is by reference incorporated herein 
and made a part hereof, is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 




ATTesi 


Read, the first time in full and on motion by , seconded by 

, * 

C %£ and duly adopted, read the second time by title and referred 

to the Committee o n (a nd" the Git#: Plan 

5gal notice. 


Ge«sis^i«tt--#eFr OT recoamehaaoIbn7^^Ribiic Hearing to be held afl 


at—thre^ouncxTChambers , City-County Building, Fort Ti'ayne, IhCtxamy-enr 
thg~ "~*''"'~~~~" d ay of 


Date: 





"7 7 ' 


Read the third time in full and on motion by 
seconded b y (~~yl<?ZJ$£' r U£'& 





CITY CLERK 




, and duly adopted, placed on its passage. 


Passed -(-LOST) by the following vote: 


AYES 


21 


BURNS 


HINGA 

KRAUS 


MOSES 


MJCKOLS 


SCHMIDT, D. ' 


SCHMIDT, V. 


STIER 


TALARICO 


DATE: 

- 


NAYS {**) , ABSTAINED, 


ABSENT 


to-wit : 



CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 

as ( Zoning- -Map ) (' General ) ' (Annexation) (Special) (Appropriation) Ordinance 
(Resetefcieti) Wo, // (/> P on the. <■ 7-i v- • day of <^2^77^ » 

ATTEST: (SEAL) 








CITY CLERK 


PRESIDING- OFFICER-. 

Presented by me to the Mayor of the City of Fort Wayh!e> 

day of LJ/_ - .1 ... I , 19 7 *£> at tj;e* feejip O slock 

,//'• M . ,E.S.T. 


| 0 „ / . / 

me, Indiana, on -the 



Approved and signed by me this ** 

f" 

7'w/ S....V 

at the hour of • ‘ o 1 clock \ 


day of 


CITY CLERK 


197_i_ 


M..E.S.T. 


S-73-10-06 


Bill No . 


We 9 your Committee on 


REPORT OF THE COMMITTEE ON 
Finance 


FINANCE 


to whom was referred an Ordinance 


approving an agreement with L. W. DAILEY, INC. for 


paving of Dalewood Drive. 



CONCURRED IN 

p a T f ARLES W. WESTERMAN, CITY CLERK 


THE CITY OF FORT WAYNE 

board of public works 




September 17, 1973 


The Common Council 
Fort Wayne, Indiana 

Gentlemen and Mrs. Schmidt: 

The Board has approved a contract with L. W. Dailey, Inc. for the improve- 
ments of Dalewood Drive. The amount of the contract is $65,913.20, of 
which the City will be paying approximately $29,000.00. The balance is 
to be paid by the property owners under the Barrett Law plan. 


Because the construction season is over in November, the contractor, as 
well as the Board is most anxious to acquire Counci Imanic approval so 
the project can be started and completed this year. 

% 

We are, therefore, requesting prior approval. The contract will be 
introduced in Council this month for regular processing and ordinance 
number. 


Very truly yours. 


JDB/ss 


BOARD OF PUBLIC WORKS// 



Drj. Jerry J). Boswell, Chairman 
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BARRETT LAW 


jgr *nsk. / f 


SUBJECT TO COUNCILMANIC APPROVAL 

Preliminary Meetin g 

Ratification 


kilt*"" A 


made and entered into this_ 
by and between - - - -L. W. DA ILEY, _INC 


A 


1/ 


/ 


— — day of /" ' / ' 


■dLz. 


'7j 

. 19/rl 


hereinafter called 'Contractor" and the City of Fort Wayne, Indiana, a municipal corporation, herein- 
after called "City," under and by virtue of an act of the General Assembly of the State of Indiana, 
entitled "An Act Concerning: Municipal Corporations,” approved March 6, 1905, and all amendatory 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agrees to im- 


prove 


D alewood Drive from the east property line of Chancellor Drive to the west 


P££Rg£t^ine_o L _ Elwopd Drive, to a w id±k.^i_2Z_fa e . t, including rn rhs. 
and street lighting. 


by grading and paving the roadway to a width of twenty- seven with.. 

including curbs 

6ilHlLain-. Cn nr.rpfp 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and' to the entire satisfaction of said City, in accordance with Improve- 
ment Resolution No. 56 36-1973 
at, the fol levying prices: 

Excavation - Regular 


Asphalt Removal 
P avement Removal 


Three dollars and forty cents, per 
cubic yard 

Two dollars and no cents, per square yard s 

Two dollars and seventy five cents, per 
square yard 


Concrete Drive Approaches 6" Ten dollars and no cents, per square yard 

Street Pavement - 6" PI. Cone. Seven dollars and ninety cents, per square 

yard 


Stone for Drives 6" (#53) 


Two dollars and no cents, per square yard 


Concrete for Private Drives( 5" )Nine dollars and eighty cents, per square 

yard 


Deep Strength Asphalt (8") 
Hot Asphaltic Binder 5" (#9) 
Sidewalk or Wingwalk, (5'x5") 
2" Rigid Conduit 
Fine Grading 
Seeding 

(Includes Straw Mulch) 


Eighteen dollars and no cents, per ton 
Twenty dollars and no cents, per ton 
One dollar and no cents, per square foot 
Two dollars and no cents, per lineal foot 
Fifty cents, per square yard 
Fifty cents, per square yard 


Installation (Including 
trenching) of underground 
Wiring-Type #4 XLP Insulation, 
120 V. Color Coded 


Fifty-five cents, per lineal foot 


$ 3.40 


.0 




2.75 

10.00 

7.90 

2.00 

9.80 

18.00 

20.00 

1.00 

2.00 

0.50 

0.50 

0.55 






property line of Elwood Drive. 


t-g_a_.Hldtk-rjf_2Z.-f ee.t, — inch id inn rnrh^ 


sixlawaUcs 


and street lighting. 


by grading and paving the roadway to a width of twenty- seven with. 

including curbs 

— — 6." Plain nnnr.ro + p 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and' to the entire satisfaction of said City, in accordance with Improve- 
ment Resolution N 0. 5636= 1 973,, 

at. the following prices: 


Excavation - Regular 

Asphalt Removal 
Pavement Removal 


Three dollars and forty cents, per ‘ $ 

cubic yard 

Two dollars and no cents, per square yard. 

‘ i 

Two dollars and seventy five cents, per 
square yard 


Concrete Drive Approaches 6" Ten dollars and no cents, per square yard 

Street Pavement - 6" PI. Cone. Seven dollars and ninety cents, per square 

yard 


Stone for Drives 6" (#53) 


Two dollars and no cents, per square yard 


Concrete for Private Drives( 5" )Nine dollars and eighty cents, per square 

yard 


Deep Strength Asphalt (8") 
Hot Asphaltic Binder 5" (#9) 
Sidewalk or Wingwalk, ( 5' x5") 
2" Rigid Conduit 
Fine Grading 
Seeding 

(Includes Straw Mulch) 


Eighteen dollars and no cents, per ton 
Twenty dollars and no cents, per ton 
One dollar and no cents, per square foot 
Two dollars and no cents, per lineal foot 
Fifty cents, per square yard 
Fifty cents, per square yard 


Installation (including 
trenching) of underground 
Wiring-Type #4 XLP Insulation, 
120 V. Color Coded 

New Manholes 48" 


Fifty-five cents, per lineal foot 


Four hundred dollars and no cents, each 
New Inlets to be constructed Three hundred dollars and no cents, each 


12" Sewer Pipe 

Backfill Gravel (Trenches 
Structures) #53 


Nine dollars and no cents, per lineal foot 
Six dollars and fifty cents, per cubic yard 


3.40 

. 0 ^ 

2.75' 

10.00 

7.90 

2.00 

9.80 

18.00 

20.00 

1.00 

2.00 

0.50 

0.50 

0.55 


400.00 

300.00 
9.00 
6. 50 


The Contractor will furnish immediately a certificate from the Industrial Board of 
the State . of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen's 
Compensation Act, approved March 14, 1929, in accordance with Section 14 of the 
Compensation Act (Acts 1929, page 545, being Section 9459 of Burns Annotated Statutes, 
Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII.) 

A copy of .General Ordinance No. G-60-66, concerning discriminating in employment 
under municipal contracts, is attached and incorporated herein by reference. 


K 




f 


The Contractor hereby expressly agrees to perform all the work in the prosecution of the above 
described improvement according to the terms and conditions of Improvement Resolution N o— 5636-1.9 7 3 
the plans, profiles, specifications and the contractor’s bid therefor on file in the office of the Department 
of Public Works of said City, which said resolution, profile, plans and specifications are made a part of 
this contract as fully and effectually as if copied herein at full length, (copies of which are attached 
hereto). 

It is hereby agreed that no assignment of this contract shall be made without the written con- 
sent of the City; said Contractor hereby covenants and agrees that said improvement shall be finally 

within 60 days after contract is approved by City Council 

and in all respects completed MDffl^K^S563£SQQ£XXXXXXXXX)(XI)QQv and the Contractor agrees to pay and 

give to the City, as liquidated damages, the sum of $25.00 for each and every day after said 


— daie , 19 until said work is finally completed and ready for acceptance by the City. 

It being also understood that in event of any conflict between this contract and the specifications, that 
the former shall be considered to contain the intention of the parties hereto. 

It is further agTeed by and between said parties, that the acceptance of the work provided for 
in this contract, or the payment therefor, for the whole or a pari, shall not constitute a waiver on the 
part of the City of any of the provisions of the contract, nor shall it release said Contractor, or the 
sureties upon its bond for the faithful performance thereof, nor shall the acceptance be even prima facie 
evidence of the performance of any provisions of such contract except to the extent of entitling said 
Contractor to receive the price therefor. It is further understood that the failure of the City to exercise 
its right of inspection or rejection of material and work, or the exercise of such right shall not in any 
sense be considered an acceptance of any part of said work or material. 

The Contractor further contracts and agrees that in the prosecution of said work all proper 
skill and care will be exercised, that said party will properly and fully guard all excavations and 
dangerous places, and will use all due and proper precautions to prevent injury to any property, person 
and persons, what or whomsoever. That for and during the period of the making of such improvement, 
and the period for which the same is to be maintained and kept in repair by the Contractor, the City 
shall be saved harmless from any and all liability whatsoever growing out of any injury or damage to 
property or persons because of any neglect or fault of the said Contractor, its agents or employees, in 
the execution of this contract or any matter connected therewith or related thereto and to pay any 
judgment with costs which may be obtained against said City, growing out of any such injury or damage. 

To each of the conditions and stipulations in this contract, the undersigned bind themselves, their 
successors and assigns. 


IN WITNESS WHEREOF, we the foregoing named parties hereunto set our hands this.. 




day of_ 






i fZS 


L. W. DAILEY, INC. 


-BY.: 


ITS: 







' ! 


Contractor, Party of the First Part. 


, \ >Ci ty of Fort Wayne, B9 an d Through : 



Its Board of Public Works apr Mayor. 


CEP £7 1913 


GUARANTY BOND 


~Exww All Mm bg Wqtm fir samba. That we. 


-L. W. DAILEY, INC .- 


-Contractors 


is principal, ST. PA UL FI RE AN D M ARINE I NSUR ANCE CO M PANY, SAINT PAUL, MINNESOTA 


.as surety 


are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of SIXlY FIV c THOUSAND . 
NINE HUNDRED THIRTEEN DOLLARS AND TWENTY C ENTS 

E....r..F.. E T .. ~ ~ "... (* 65.9.13. 20 ) 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said - -- -- -- -- -- - 


-L. W. DAILEY, INC.- 


did on the.. 


17 


day of September , 197 3 


, enter into a contract with the City of Fort Wayne to construct a 

Street - 6" Plain Concrete 


-Pavement 


on .... 


Dalewood Drive 


_XS3fi£$Sfrom _ the east property line of 


Chan c ellor Drive to the west property lin e o f_ Elwood Drive , to a width of 27 feet 
including cu rbs, si dew alks and street lighting. ■ - , 


— according to certain plans and specifications, and 

for a period of three years 

also warranting and guaranteeing the work/ material and condition of the pavement thereof as provided 


in aforesaid contract and specifications. Now if the said ...r.. 


L_;...W;_PAI_LEY J — INC.. — ; shall faithfully perform and fulfill all the reouire- 

.. . ... >> 

ments of said warranty and guaranty, and make all repairs required under said guarantee, and in the 
manner provided for, then this bond to be null and void, otherwise to be in full force and effect. 


WITNESS our hands and seals this ikZ day of Septem ber, 1973 



Board of Public Works. 


approved as to formand leoaux. 


LIABILITY BOND 


Etara All Mtn feg pmststa, That we hereby certi f y that L.W. D AIL EY- INC, has 

insurance with this company, fully protecting and saving harmless and indemnifying 
the City of Fort W ayne, Indiana, from any losses In the amount of Five Thousand 
Dollars ($5,000,007". 



as surety, are held and firmly bound to the City of Fort Wayne, Indiana, in the sum off 


for the payment of which well and truly to be made we jointly and severallyvbind ourselves; our heirs, i 
executors, administrators and assigns firmly by th ese presents. ,/ 


/ 


/ 


/ 


(#C 




The conditions of the above obligation are such, that if the aboyd named party of the first part shall > 


faithfully comply with the foregoing contract made and entered into the 


day of_ 


/ 

/ 

with the City of Fort Wayne, Indiana, and shall faithfully fulfill 
-all'the-x-onditiorre“'a«d-stiputetk>n-3~-thereiT3--e©n-tame-d,''except the warranty and guaranty of the pave- 
ment as to the workmanship, material and conditions for the period of three.(3) years, according to the 
true intent and meaning thereof in all respects, then this obligation to be void, otherwise to be°and re- 
main in full force and virtue in law and in the even t the said City shall extend the time for the comple- 
tion of said work, such extension shall not in any way release the sureties on this bond. 


WITNESS our hands and seals this _-k_7. 


.'..day of _ September , 1973 


YASTE , ZENT & RYE , INC. 
Authorized Agents 

ZZ / r /" 



L. W. DAILEY, INC. 


-(SEAL) 



BY ITS.; 


A" iiYf; 


fcfct 


>A-^Jrr(SEAL) 



Board of Public Works. 


COMPLETED IN CITY ENGINEERING OFFICE 


September 12, 1973 


Class 1 


(A Capital Stock Company) 


CERTIFIED COPY OF POWER OF ATTORNEY 

Original on File at Home Office of Company. See Certification. 


FIDELITY AND SURETY 
DEPARTMENT 



HOME OFFICE: ST. PAUL, MINNESOTA 


KNOW ALL MEN BY THESE PRESENTS: That the St. Paul Fire and Marine Insurance Company, a corporation organized 
and existing under the laws of the State of Minnesota, and having its principal office in the City of Saint Paul, Minnesota, does hereby 
constitute and appoint 


Arthur C. .Frericks, Gerald A, Dahle, Donald T. Belbutowski, C. H. Yaste, Fred S, Rye, 
Leonard Shirley, Josephine E. Stackhouse, individually, Ft. Wayne, Indiana 


its true and lawful attorney(s)-in-fact to execute, sea! and deliver for and on its behalf as surety, any and all bonds and undertakings, 
recognizances, contracts of indemn'ty and other writings obligatory in the nature thereof, which are or may be allowed, required or 
permitted by law, statute, rule, regulation, contract or otherwise, and the execution of such instrument(s) in pursuance of these presents, 
shall be as binding upon the said St. Paul Fire and Marine Insurance Company, as fully and amply, to all intents and purposes, as 
if the same had been duly executed and acknowledged by its regularly elected officers at its principal office. 


This Power of Attorney is executed, and may be certified to and may be revoked, pursuant to and by authority of Article V, 
— Section 6(C), of the By-Laws adopted by the Board of Directors of the ST. PAUL FIRE AND MARINE INSURANCE COMPANY 
at a meeting called and held on the 23rd day of January, 1970, of which the following is a true transcript of said Section 6(C). 

“The President or any Vice President, Assistant Vice President, Secretary or Resident Secretary, shall have power and authority 

(1) To appoint Attorneys-in-fact, and to authorize them to execute on behalf of the Company, and attach the Seal of the 
Company thereto, bonds and undertakings, recognizances, contracts of indemnity and other writings obligatory in the nature 
thereof, and 

(2) To appoint Special Attorneys-in-fact, who are hereby authorized to certify to copies of any power-of-attorney issued in 
pursuance of this section and/or any of the By-Laws of the Company, and 

(3) To remove, at any time, any such Attorney-in-fact or Special Attorney-in-fact and revoke the authority given him.” 

Further, this Power of Attorney is signed and sealed by facsimile pursuant to resolution of the Board of Directors of said 
Company adopted at a meeting duly called and held on the 6th day of May, 1959, of which the following is a true excerpt: 

“Now therefore the signatures of such officers and the seal of the Company may be affixed to any such power of attorney or any 
certificate relating thereto by facsimile, and any such power of attorney or certificate bearing such facsimile signatures or facsimile sea! 
shall be valid and binding upon the Company and any such power so executed and certified by facsimile signatures and facsimile seal 
shall be valid and binding upon the Company in the future with respect to any bond or undertaking to which it is attached.” 


IN TESTIMONY WHEREOF, the St. Paul Fire and Marine Insurance Company has caused this 
instrument to be signed and its corporate seal to be affixed by its authorized officer, this 13"fch 
day of April A. D. 19 JO 

ST. PAUL FIRE AND MARINE INSURANCE COMPANY 

STATE OF MINNESOTA 
County of Ramsey 

Vice President. 

On this 13th day of April 19 70, before me came the individual who executed the 

preceding instrument, to me personally known, and, being by me duly sworn, said that he is the therein described and authorized officer 
of the St. Paul Fire and Marine Insurance Company; that the seal affixed to said instrument is the Corporate Seal of said Company; 
that the said Corporate Sea! and his signature were duly affixed by order of the Board of Directors of said Company. 



IN TESTIMONY WHEREOF, I have hereunto set my hand and 
affixed my Official Seal, at the City of Saint Paul, Minnesota, the day 
and year first above written. 

C. L. JAEGER 

Notary Public, Ramsey County, Minn. 
My Commission Expires June 2, 1974. 


CERTIFICATION 

I, the undersigned officer of the St. Paul Fire and Marine Insurance Company, do hereby certify that I have compared the 
foregoing copy of the Power of Attorney and affidavit, and the copy of the Section of the By-Laws of said Company as set forth in said 
Power of Attorney,* with the ORIGINALS ON FILE IN THE HOME Ot-FICE OF SAID COMPANY, and that the same are 
correct transcripts thereof, and of the whole of the said originals, and that the said Power of Attorney has not been revoked and is now 
in full force and effect. 

IN TESTIMONY WHEREOF, I have hereunto set my hand this 7 day SspteXTlbS T 73 


^Unlimited as to character and amount. 


Secretar';. 


10870 CPS Ray. 6-70 Printed In U. 5. A. 


. 






IN RE: 


WAGS SCALE 


CODE: S 
SS 
U 


i 

i 

SKILLED 
SEMI -SKILL 
UNSKILLED 


ue, the undersigned committee, being appointed to prepare a schedule of the 
^ pr evc,i • ling wages to oe paid in connection with, all construction and main ten once 
i projects, to be awarded by contract for the Board of Works, City of Fort Wjiymp, Indiana., 
during the months of July, August, September, 1973. 

in compliance with the provisions of Chapter //3 1 9 of the acts of the GENERAL 
jAoo'EMLLY OF INDIANA, 1935, have established a schedule as hereinafter set 
.forth for the following trades to wit: 


i .TRADES OR OCCUPATION 

CLASS 

RATE PER 

HR 

0 

H&W 

PEN. 

VAC 0 

APPR. 

{ASBESTOS WORKER 
! !! 

UiOILERMAKER 

i ii 

S 

, 8.50 


A*; 

35f 

55^ 

50f 


s 

9.20 

]_ 

50 

T 

1 65 

i 

1 — 

! 

Bricklayer 

i 

• s _ 

| 8.21 . 

| 20 

S 25 

i 

L 1 

I 1 ! 

S ! 

(CARPENTER 

s 

f 7.55 

| 7.78 

| 30 

6% 

' 30 


n app 2 | 
12 app ] 

(CEMENT MASON 

l i 

s 

! 7.50 

UMMW 

40 



{ 

ELECTRICIAN . 

s 

i 8.40 

25 

1 

j 1% 30 

| 

! 

4 | 

(. 1 

ELEVATOR CONSTRUCTOR 

‘ I £ 

,G- LAZIER 

M 

IRON WORKER 

s 

! 7.87 

1 1 

j 58f includes 

all. 

1 

1 

i 

s 

7.19 


10 


15 

If app j 
29i nolji 

s 

8. 75 

40 

65 


l 

l 

1 f 

LABORER 

s 



18 

25 


1 ! 

7 educ tit 

LATHER 




. 

25 


" j 

1 ann 3 ;i 

MILLWRIGHT & P1LEDRIVER 

s ! 

7 


. 

4% 

1 

i 

4 ypn ? a 

OPERATING ENG INEER 

s ! 

-^ne^JttadnicL 

.list 


! 


PAINTER 

s ! 

6,56-7.56 



32 


25 j 


5 

PLASTERER 

s I 

7.06 

30 

j 

' j 

j 

PLUMBER, STEAMFITTER, GASFITTER S j 

8. 18 

20 

35 ( 

i 

i 

7 ! 

MOSAIC & TERRAZZO GRINDER 

s i 

5.35-7.80 


’ j 

1. 

l ! 

1™ i 


ROOFER 

SHESTMETA L WORKER 
TEAMSTER 


? 7.70 


S 

fa*-*a 

S 


8. 14 


23 


?p.w. 

S. 50-6. 95k f 12.0 


00 


10 

15 




p .w. 
12.00 


i 5 in riyfuxd 
i 


,-'-,tn? n L^^ S °u F i? A C I0NS ME 0MITTED IN THE ABOVE SCHEDULE, THE PREVAILING 
*' AGa sha11 be paid* The above and foregoing shall be the minimum 

prevailing wage scale for this project as set by the wage scale committee, 
ou^in no way shall it prevent the contactor or sub-contractor from •payiW 
a nigner rate of wages than set out in the schedule of wages on file. ' 

DATED THIS l/f? _DAY dP" 

REPRESENTING GOVERNOR, 

CL-?. 


973 


II I C E S V E D 


JUL 5 1973 

CITY ENGINEERING DEPT, 




^ 'Z 


TCP 


REPRESENTING STATE ™T7f7I^&T7iTOi 




DIGEST SHEET 



-73-/a-J6 

•Tl'/l.E OF ORDINANCE Contract with L. W. Dailey, Inc. for paving of Dalewood Drive 


DEPARTMENT REQUESTING ORDINANCE^ 

• ST NORSIS OR 001)1 MANGE __ Improve men t of Dalewood Dri ve 
(See Prior Approval Letter Attached) 


Board of Public Works 


e f: 


T OF 


'PASS A'. 


CL TV 


Impr ovement of JDal ! ewpod_Dri_ve_ 


OF NON -PASS A( 


No i mproveme nt to Dalewoo d D r ive_ 



MONEY IMyOIiYED (Direct Costa, Expenditures, Savings) 


T o tal cost of c ontra c t $ 65.913. 20 of whi ch the C ity 's cost will be approximately $29,000 . 00 



/ss 


